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FOR ASST. SECRETARY SHLAUDEMAN FROM AMBASSADOR 

E.O. 11652: N/A 

TAGS: ABLD, ACOM, JM 

SUBJECT: NEW CHANCERY 

1 . 1 HAVE JUST BEEN ADVISED BY ATO REP FROM MIAMI THAT EARLIEST 
DATE FOR COMPLETION COMMUNICATIONS CENTER AND THUS OCCUPANCY OF 
NEW CHANCERY WILL BE LATE MARCH 1977. 

2. MUTUAL LIEE CENTER BUILDING APPROVED BY DEPARTMENT EOR NEW 
CHANCERY IN MAY 1976. LEASE SIGNED JUNE 4, 1976. 

3. WE WERE INFORMED IN EARLY MAY BY VARIOUS OFFICERS EROM OC 
AND TCU REPS THAT COMMUNICATIONS CENTER COULD BE COMPLETED 
NOVEMBER THIS YEAR, PERMITTING FULL OCCUPANCY AT THAT TIME. 

4. SPECIFICATIONS FOR OUR VAULT CONSTRUCTION SO THAT LOCAL CON- 
TRACTOR COULD PROVIDE COST ESTIMATE AND PROCEED WERE PROMISED 
END OF MAY BUT NOT RECEIVED TILL EARLY AUGUST IN SPITE OF 
REPEATED REQUESTS. 

5. THREE MONTHS IS CONSIDERED MINIMUM TIME FOR 
COMPLETION OF OUTER VAULT BY CONTRACTOR AND IT APVARS 
CONSTRUCTION OF PREFABBED INNER VAULT (BY US CONTRACTOR) 

AND INSTALLATION OF EQUIPMENT REQUIRING ANOTHER FOUR 
MONTHS CANNOT START TILL COMPLETION OF OUTER SHELL. 
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6. UNLESS HIGHER PRIORITY IS ACCORDED TO THIS INSTALLA- 
TION I DOUBT WHETHER MARCH 1977 COMPLETION DATE IS 
REALISTIC SINCE IT ASSUMES NO STRIKES OR LATE DELIVERIES 
HERE OR IN U.S. 

7. THE DELAY CAUSES ME REAL CONCERN EOR THE SECURITY OE 
THIS EMBASSY AND ITS STAEF WHICH IS CERTURNLY JUSTIEIED 
BY RECENT EVEMTS, INCLUDING THE BREAK-IN PN AUGUST 2. 
EURTHERMORE, OUR IMPLEMENTATION OE WELL- ADVANCED CLEAN 
SLATE OPERATION WTGLL BE SERIOUSLY AEEECTED. 

8. IT WOULD BE APPRECIATED IF OC COULD BE URGED TO EXPLORE 
SOONEST ANY OPTIONS WHICH MIGHT BE AVAILABLE (SUCH AS 
TEMPORARY COMMUNICATIONS BETWEEN PRESENT CENTER AND NEW 
BUILDING) AS SOON AS OCCUPANCY IS OTHERWISE EEASIBLE. 

I.E., IN LATE 1976 OR EARLY 1977. WILL BE MOST GRATEEUL 
EOR ANY IMPETUS YOU CAN GIVE TO EEEORTS TO SOLVE THE 
PROBLEM. 

GERARD 


LIMITED OEEICIAL USE 


NNN 


Margaret P. Grafeid Deciassified/Reieased US Department of State EO Systematic Review 04 MAY 2006 



Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 20 AUG 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: KelleyWO 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976KINGST03476 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760319-1121 
From: KINGSTON 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linki 976/newtext/t1 9760835/aaaabdtt.tel 

Line Count: 80 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION ARA 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: KelleyWO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 02 NOV 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <20 JUL 2004 by ShawDG>; WITHDRAWN <01 NOV 2004 by coburnhl, REFER TO CIA>; RELEASED <02 NOV 2004 by 
ShawDG>; APPROVED <08 NOV 2004 by KelleyW0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: NEW CHANCERY 

TAGS: ABLD, ACOM, JM 

To: STATE 

Type: TE 

Markings: Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 



